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PROCEEDmGS. 


The  Annual  Meeting  of  the  Stockholders  of  the  Western 
N^orth  Carolina  Kail  Road  Compan}',  convened  in  the  Conrt- 
Honse,  in  Salisbnrj,  on  Thursday  the  25th  August,  1859. 

On  motion  of  Charles  F.  Fisher,  of  Rowan,  Thomas  Gr. 
Walton,  Esq.,  of  Burke,  was  called  to  the  Chair,  and  Charles 
L.  Summers  and  T.  L.  Lowe,  were  appointed  Secretaries. 

J.  E.  Kerr,  chairman  of  the  Committee  on  Proxies,  made 
the  following  report : 

One  hundred  and  eight  Stockholders  were  present,  repre- 
senting three  thousand  two  hundred  and  twelve  shares  in  per- 
son, and  that  152  stockholders,  representing  lYlO  shares  were 
by  proxy,  which  being  a  majority  of  the  stock,  the  Chairman 
declared  the  meeting  duly  organised,  and  ready  for  the  trans- 
action of  business^ 

Gen.  C.  M.  Avery  presented  credentials  which  empowered 
him  to  act  as  proxy,  and  representative  on  the  part  of  the 
State  of  l^orth  Carolina. 

The  Report  of  the  President  in  behalf  the  Board  of  Direc- 
tors ;  also  the  Reports  of  the  Chief  Engineer  and  Finance 
Committee,  were  submitted  and  read,  and  on  motion,  laid  on 
the  table. 

On  motion,  the  taeeting  adjourned  to  meet  Friday  morn- 
ino;  10  o'clock. 
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FKIDAY,  August  26,  1859. 

The  meeting  met  according  to  adjournment,  and  was  call- 
ed to  order  by  the  Chair. 

W.  W.  Aver}'^,  Esq.,  of  Bm-ke,  offered  the  following  resolu- 
tions : 

Resolved,  That  the  amendments  proposed  to  the  Charter  of  our  Com- 
pany, as  embodied  in  an  act  of  tlie  General  Assembly,  passed  at  the  late 
Session  of  1858-'59,  entitled  "  An  act  to  amend  an  act  entitled  an  act 
to  incorporate  the  Western  North  Carolina  Rail  Road  Company,  passed 
at  the  session  l854-'55,  and  also  an  act  amendatory  thereof,  passed  at 
the  session  of  185G-'57,"  be,  and  the  same  are  hereby,  accepted. 

Resolved,  That  the  Board  of  Directors  notify  the  "Board  of  Internal 
Improvements"  of  the  acceptance  by  this  Company  of  said  amendments, 
and  that  the  "Board  of  Internal  Improvements"  be  requested  to  make 
immediate  provision  for  paying  the  expenses  of  the  surveys  directed  by 
said  act  out  of  the  Public  Treasury,  as  part  of  the  14,000,000  already 
appropriated  by  the  State,  to  the  end  that  a  corps  of  Engineers  may  be 
organised  and  the  surveys  commenced  at  the  earliest  practicable  moment. 

On  said  resolutions,  a  stock  vote  was  taken.  The  Chair 
appointed  A.  K.  Simonton,  of  Iredell,  and  M.  L.  McCorkle, 
of  Catawba,  to  superintend  the  vote  on  said  resolutions,  who 
reported  as  follows :  For  acceptance  by  the  Stockholders 
5106  ;  opposed  182.  For  acceptance  by  the  State  3445  votes, 
making  a  majority  in  favor  of  accepting  the  amended  Char- 
ter of  8369  votes. 

On  motion,  the  meeting  proceeded  to  the  election  of  four 
Directors ;  and  the  Chair  appointed  L.  Q.  Sharpe,  of  Iredell, 
and  C.  M.  Avery,  of  Burke,  to  superintend  said  election. 

Before  balloting,  it  was,  on  motion,  agreed  that  T.  G.  "Wal- 
ton have  leave  to  cast  the  vote  of  Alexander  Perkins,  and  W. 
W.  Avery,  that  of  Charles  D.  Farrar. 

Dr.  John  C.  McDowell  and  John  Eutherford,  of  Burke, 
Jonas  Cline,  of  Catawba,  Col.  T.  A.  Allison,  and  O.  Gillespie, 
of  Iredell,  O.  G.  Foard,  and  E.  A.  Caldwell,  of  Eowan,  and 
Anderson  Ellis,  of  Davidson,  were  placed  in  nomination. 

The  Committee  reported  that  Dr.  John  C.  McDowell,  Jonas 
Cline,  Gtho  Gillespie,  and  Anderson  Ellis,  were  duly  elected 
Directors  for  the  ensuing  year. 


L.  Q.  Sliarpe,  Esq.,  of  Iredell,  offered  the  following  resolu- 
tions : 

Resolved,  That  a  Committee  of  one  from  each  County,  owning  Stock  in 
the  Road,  be  appointed  to  ascertain  and  report  the  amount  of  insolvent 
subscribers  to  the  Road,  and  the  amount  worked  off  in  part  payment  of 
contracts. 

Resolved,  That  the  Chief  Engineer  and  Superintendent  be  requested 
to  inform  this  meeting  who  passes  over  the  Road  as  "Dead  heads,"  and 
by  what  authority  ;  or  from  whom  their  free  tickets  were  obtained. 

Resolved,  That  the  Chief  Engineer  be  requested  to  report  as  soon  as 
possible  to  this  meeting  the  number  of  Engineers,  who  have  been  em- 
ployed, and  are  now  employed,  oq  the  Western  N.  C.  Rail  Road.  The 
Salary  of  each,  amount  paid  to  each,  and  the  amount  yet  due  to  each. 

Resolved,  That  the  President  and  Directors  be  requested  to  report  to 
thisj  meeting,  the  difference  in  the  terms  of  the  first  and  the  last  contracts 
for  building  the  bridge  across  the  Catawba  River,  and  why  the  Road  has 
been  delayed  at  that  point. 

Resalved,  That  the  President  and  Directors  be  requested  to  report  to 
this  meeting  the  terms  of  the  contract  with  L.  S.  Aldrich  ;  by  whom 
made  on  the  part  of  the  Company  ;  and  also,  as  to  the  state  of  the  ac- 
counts between  said  Aldrich  and  the  Company  at  this  time. 

Resolved,  That  the  President  and  Directors  be  requested  to  report  as 
soon  as  possible  to  this  meeting,  the  cost  of  the  Depots,  Engine  Houses 
and  Gas  Fixtures  for  the  use  of  the  Road,  in  the  town  of  Salisbury. 
To  whom  the  contracts  were  let,  and  by  whom,  and  the  contracts  under 
which  they  were  let,  and  by  whom  and  how  settled  . 

W.  W.  Avery,  Esq.,  of  Burke,  moved  to  lay  all  said  reso- 
lutions on  the  table,  and  called  for  a  stock  vote.  The  Chair 
appointed  'N.  'N.  Fleming,  of  Eowan,  and  E.  M.  Campbell,  of 
Iredell,  to  superintend  said  vote,  who  reported  that  a  majority 
of  the  stock  was  in  favor  of  laying  said  resolutions  on  the  table. 

L.  Q.  Sharpe,  of  Iredell,  then  offered  the  following  resolu- 
tions: 

Resolved,  That  the  Directory  be  and  they  are  hereby  instructed  to 
hold  all  the  employees  upon  the  Road,  to  a  more  strict  accountability 
for  dereliction  of  duty. 

Resolved,  That  the  same  economy  and  care  in  making  contracts,  and 
the  same  exactness,  in  enforcing  them,  should  be  observed  by  the  officers 
of  the  Road,  that  a  prudent  ma'a  requires  of  those  whom  he  has  employ- 
ed in  his  own  private  business. 

Rssolved,  That  wLenever  any  employee  on  the  Road,  shall  be  proved 


to  have  been  derelict  in  the  performance  of  his  duty,  the  Directors  are 
hereby  instructed  to  dismiss  him,  forthwith,  from  the  employment  of  the 
Company. 

Resolved,  That  in  the  opinion  of  this  meeting,  the  salaries  paid  to 
Conductors,  Depot  Agents,  Assistant  Engineers  and  Section  Masters, 
are  too  high,  and  ought  to  be  reduced. 

Resolved,  That  the  buildings  erected  by  the  Company,  Depots  of  dif- 
ferent kinds,  are  extravagant,  and  involved  an  unnecessary  expenditure 
of  money. 

Resolved,  That  it  shall  be  the  duty  of  the  President  to  call  the  atten- 
tion of  the  Directors  to  the  foregoing  Resolutions. 

Dr.  A.  M.  I^esbitt,  of  Rowan,  moved  to  lay  said  resolutions 
on  the  table,  and  called  for  a  stock  vote.  Tlie  Chairman  ap- 
pointed Messrs.  Campbell  and  Fleming  to  superintend  the 
vote,  who  reported  that  the  motion  to  lay  on  the  table  had 
prevailed. 

On  motion,  Hugh  Ee3'nolds,  A.  K.  Simonton,  and  Walter 
P.  Caldwell,  were  appointed  a  Committee  to  verify  proxies  at 
the  next  meeting  of  the  Stockholders. 

On  motion,  A.  W.  Jamison,  C.  A.  Carlton,  and  M.  F.  Free- 
laud,  were  appointed  a  Committee  of  Finance  for  the  ensuing 
year. 

Resolved,  That  five  hundred  copies  of  the  proceedings  of  this  meeting 
be  printed,  in  pamphlet  form,  for  the  use  of  the  members  of  the  Company. 

Resolved,  That  the  thanks  of  this  meeting  are  due,  and  are  hereby 
tendered,  to  Thomas  G.  Walton,  Esq.,  for  the  dignity,  ability  and  im- 
partiality with  which  he  has  presided  over  the  deliberations  of  this 
meeting. 

Resolved,  That  the  thanks  of  this  meeting  are  likewise  due  the  Secre- 
taries. 

On  motion,  the  meeting  adjourned  to  meet  in  Statesville, 
on  the  last  Thursday  in  August,  1S60. 

THOMAS  G.  WALTOK,  GTiaivman. 


T.  L.  Lowe,  )  ^'^.^,.^^^„.,^-^^, 

C.  L.  SUMMEKS,      \ 


PRESIDENT'S  REPORT. 


Office  of  the  W.  IST.  C.  Rail  Road  Compajsty, 
Salisbuky,  25th  August,  1859. 

To  the  Stockholders  of  the 

Western  North  Carolina  Bail  Eoad  Company : 

I  have  the  lionor  to  submit  the  fourth  Annual  Report  of 
the  Progress  of  the  Road,  and  the  financial  condition  of  the 
Company  at  the  close  of  the  fiscal  year,  ending  on  the  30th 
June  last : 

Balance  in  the  Treasury  on  the  1st  July,  1858,  as  appears 

from  Report  of  Finance  Committee,  then  made,  $31,518  51 

Amount  received  from  individual  Stockholders,  the  past 

year,  138,764  84 

Amount  received  from  the  State  of  jSTorth  Carohna,  280,000  00 

From  other  sources,  as  appears  from  Treasurer's  Report,  12,152  94 

Total  amount  of  Receipts,  $462,436  29 

Amount  disbursed  from  1st  July,  1858,  to  1st  July,  1859, 
for  Iron.  Construction,  and  all  other  expenses  attending 
the  work  $453,102  26 


Leaving  in  the  Treasury  on  the  1st  July,  1859,  $9,334  03 

In  conformity  with  the  48th  section  of  the  Act  of  Assembly,  incorporating 
our  Company,  I  submitted  to  his  Excellency,  Governor  Bragg,  on  the  3d  day 
of  December  last,  a  detailed  statement  of  the  receipts  and  expenditures  of  the 
Company  from  its  organization  up  to  that  period,  to  be  transmitted  by  him 
to  the  General  Assembly  then  in  session.  Copies  of  that  Report  have  been  fuj- 
nished  to  a  number  of  stockholders,  and  other  copies  of  the  same  are  now  in  the 
office  for  distribution,  to  which  I  beg  leave  to  refer  in  an  especial  manner,  as  it 
embraces  in  minute  particulars,  the  entire  financial  transactions  of  the  Company 
to  the  time  above  designated.     A  statement,  alike  minute  in  its  details,  ac- 


companies  the  Report  of  the  Finance  Committee,  showing  the  various  items 
of  expenditure  during  the  past  fiscal  year.  You  will  thus  have  presented  for 
your  examination,  the  particular  subjects  of  expenditure,  as  well  as  the  gen- 
eral objects  and  purposes  to  which  the  funds  of  the  Companj'-  have  been  ap- 
plied; and  whilst  inviting  the  most  rigid  scrutiny  in  your  investigation  of  the 
accounts  submitted,  I  flatter  myself  that  you  will  find  as  little  unnecessary 
outlay,  as  can  be  found  in  the  financial  operations  of  any  other  corporation 
involving  necessary  expenditures  of  the  same  magnitude.  At  all  events,  I  can 
safely  affirm  that  not  a  dollar  has  been  expended  which  did  not  seem  to  be 
demanded  by  the  exigencies  of  the  occasion. 

You  will  perceive  from  the  Report  transmitted  through  the  Governor  to 
the  last  General  Assembly,  that  the  Board  suggested  certain  amendments  to 
our  Charter  which  were  regarded  as  of  vital  importance,  with  a  view  to  the 
immediate  extension  and  speedy  completion  of  our  Road.  These  suggestions 
did  not  meet  the  approbation  of  the  Legislature,  and  no  amendments  em- 
bodying any  of  the  essential  features  of  that  proposed  by  the  Board,  was 
adopted.  But  an  Act  was  passed  amendatory  of  our  Charter,  authorising  the 
Company  to  extend  the  Road  West  beyond  the  present  terminus  on  the 
Frencli  Broad  River,  leaving  the  location  of  the  particular  route  to  the  discre- 
tion of  the  Company,  subject,  however,  to  the  approval  of  the  next  General 
Assembly;  and  directing  the  survey  of  two  lines  in  the  direction  of  Tennes- 
nessee,  with  a  provision  that  the  expenses  of  making  said  surveys,  and  loca- 
ting the  actual  line  of  the  Road  West  from  the  French  Broad  River,  should 
be  paid  by  the  State  out  of  the  four  millions  of  dollars  already  appropriated 
to  the  building  of  our  Road.  A  copy  of  this  Act  accompanies  my  Report, 
and  reference  may  be  had  thereto  for  further  particulars. 

The  amendment  will  have  no  immediate  practical  eflect  in  extending  or 
enlarging  our  field  of  operations  on  the  Road,  but  the  passage  of  an  act  em- 
powering the  Company  to  extend  the  Road  to  the  Tennessee  line,  accompa- 
nied by  another  Legislative  pledge  received  in  the  act  itself,  that  the  State 
will  devote  the  sum  of  four  millions  of  dollars  towards  the  completion  of  this 
great  enterprise,  evinces  a  determination  on  the  part  of  the  people  of  the 
State,  that  our  Rail  Road  sliall  he  built  through  to  the  Tennesseee  line  ;  and  we 
should,  therefore,  be  of  good  cheer,  and  press  forward  the  building  of  the  re- 
spective sections  by  aiding  in  their  construction  as  often  as  we  may  be  called 
upon  to  contribute  to  that  end. 

The  amendment,  in  question,  will  be  submitted  to  you  for  acceptance  or 
rejection,  at  the  present  meeting,  and  I  am  directed  by  the  Board  to  com- 
mend it  to  your  favorable  considei'ation. 

Since  my  last  Annual  Report,  the  survey  of  the  second  section  or  division 
of  the  Road  has  been  completed,  and  the  estimated  cost  thereof  ascertained, 
tlie  particulars  connected  with  the  survey  and  actual  location  of  the  line,  to- 
gether with  the  cost  of  that  section,  will  be  found  in  the  Report  of  the  Chief 
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Engineer.  The  amended  charter  fixes  the  "Western  terminus  of  the  se  nd 
division  at  a  point  not  more  than  10  miles  East  of  the  Western  portal  of  the 
Swannanoa  tunnel.  The  second  section  may  be  extended,  therefore,  to  the 
Western  portal  of  the  Swannanoa  tunnel  and  the  Western  slope  of  the  Blue 
Ridge,  thus  enabling  us  to  cross  the  mountain  with  that  division,  if  the  requi- 
site amount  of  individual  stock  can  be  procured. 

With  a  view  to  accomplish  that  end,  the  Board  have  had  the  entire  line, 
from  Morganton  to  the  Western  portal  of  the  Swannanoa  tunnel,  surveyed 
and  located,  and  the  cost  thereof  ascertained.  Books  for  subscription  of  indi- 
vidual stock  have  been  opened,  and  are  now  open,  and  the  prospect  of  secur- 
ing the  requisite  amount  of  stock  seems  to  be  cheering. 

The  Grading  and  Masonry  are  completed  to  "  Hale's  Store.'"  The  track 
was  laid  and  the  Road  put  in  full  and  complete  operation  to  Statesville  on  the 
first  day  of  October  last. 

The  track-laying  was  suspended  during  the  winter  months,  but  was  re- 
sumed as  soon  as  the  spring  was  far  enough  advanced  to  ensure  a  firm  Road- 
bed, and  the  Cars  are  now  running  to  the  Catawba  River,  transporting  Freight 
and  Passengers,  and  conveying  the  United  States  mail  in  connection  at  SaUs- 
bury  with  the  North  Carolina  Rail  Road.  The  track-laying  is  temporarily 
suspended  at  the  River,  awaiting  the  completion  of  the  Bridge. 

The  cross-ties,  however,  are  all  laid  to  Hale's  Store,  and  the  laying  down 
of  the  Iron  will  progress  very  rapidly,  so  soon  the  Engines  can  cross  the 
Bridsje.  Some  of  the  largest  embankments,  West  of  the  River,  were  not  fin- 
ished by  the  contractors  until  about  the  month  of  May,  and  are  full  green  for 
the  reception  of  the  Iron — indeed,  the  best  interest  of  the  Road  will  be  pro- 
moted by  the  delay  at  the  River,  as  the  large  banks  will  have  time  to  settle 
and  become  firm,  thus  saving  much  time  in  repairs,  and  avoiding  the  dangers 
incident  to  running  over  embankments  freshly  thrown  up. 

We  think  we  may  safely  ensure  the  passage  of  the  Cars  across  the  River 
in  time  to  complete  the  track-laying  to  Newton  by  the  10th  November  next, 
and  to  "Hale's"  during  the  present  year. 

The  work  on  the  Road  from  Hale's  Store  to  Morganton  is  progressing  with 
very  great  despatch,  and  the  energy  displayed  by  the  contractor,  Mr.  Fisher, 
gives  promise  that  the  Road  will  be  fully  completed  to  Morganton  by  the  1st 
day  of  January,  1861. 

Iron,  sufficient  to  lay  the  track  to  Hale's  Store,  has  been  purchased  on  fa- 
vorable terms,  and  the  greater  part  of  it  has  arrived  at  Portsmouth,  and  will 
be  delivered  on  the  road  in  due  time. 

I  beg  leave  to  refer  to  the  Report  of  the  Chief  Engineer  for  fuilher  partic- 
ulars connected  with  the  Department  of  Construction,  and  especially  as  to 
the  Depots,  &c.,  Sec. 

The  testimony  borne,  on  all  sides,  by  those  competent  to  judge,  is  to  the 
effect,  that  our  Road,  as  far  as  it  is  completed,  is  one  of  the  very  best  built 
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Roads  in  the  country;  and  whilst  some  of  our  friends,  who  are  not  conver- 
sant with  the  labor  and  toil  required  in  constructing  Rail- ways,  complain  that 
we  are  not  progressing  ivith  Rail  Road  speed — others,  I  am  happy  to  say, 
more  familiar  Avith  the  subject,  express  their  astonishment  at  the  rapid  pro- 
gress of  the  work,  and  congratulate  us  on  the  go-ahead  spirit  manifested  by 
all  the  parties  connected  with  the  enterprise. 

The  operations  of  the  Road  in  the  Department  of  Transportation,  furnish 
every  reason  for  encouragement.  The  nett  earnings  for  the  short  period  we 
liave  been  engaged  in  transporting  freight  and  passengers,  as  will  appear  from 
the  statement  of  the  Treasurer,  hereunto  annexed,  marked  A,  amounts  to 
5?62S5  07.  after  deducting  the  expenses  incurred;  and  this  sum  has  been  real- 
i  sed  without  having  the  benefit  of  down  freights,  or  at  least  very  little,  as  the 
short  crops  of  last  year  left  our  people  very  Httle  for  exportation. 

The  litigation  touching  the  Burke  County  subscription,  alluded  to  in  my 
former  Report,  terminated  favorably  for  our  Company.  I  take  pleasure  in 
stating  that  the  people  generally  in  the  county,  have  acquiesced  in  the  deci- 
sion, that  the  necessary  ari'angements  have  been  made  to  issue  the  Bonds 
requu'ed  for  paying  the  instalments  on  the  stock,  and  the  requisite  tax  is 
now  levied  and  being  collected  to  meet  the  payment  of  the  semi-annual  in- 
terest. The  temporary  excitement,  engendered  by  this  question,  is  passing 
away,  and  I  feel  assured  that  all  classes  of  the  people  of  Burke  county  will 
again  become  the  staunch  and  firm  friends  of  this  great  work,  which  will 
contribute  so  materially  to  enhance  their  future  prosperity  and  happiness. 

The  Report  of  the  Chief  Engineer,  as  also  the  Report  of  the  Finance  Commit- 
tee, accompanies  this  Report,  and  I  refer  to  them  for  additional  information 
on  the  subjects  to  which  they  relate. 

The  Chief  Engineer  and  his  worthy  assistants,  are  deserving  of  much  con- 
sideration, for  the  zeal  and  ability  displayed  in  the  discharge  of  their  respec- 
tive duties,  and  I  would  be  especially  wanting  in  my  duty,  were  I  to  omit  to 
say,  that  our  worthy  and  efficient  Treasurer  continues  to  merit  3'our  appro- 
bation for  his  zealous  discharge  of  the  duties  devolving  upon  him. 
I  have  the  honor  to  be,  very  respectfully, 

Your  obedient  servant, 

K.  c.  peakso:n^. 
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LIST  OF  OFFICEES,   &c. 

LIST  of  Officers  of  the   Weste7~n  North  Carolina  Mail-Road  Company,  on 
the  2oih  day  of  August^  1859,  luith  their  Duties  and  Compensation. 

NAMES.             1            DUTIES.                 COMPENSATION. 

R.  C.  Peakson, 

President. 

$2,000  per  annum. 

John  I,  SnAVER, 
Otho  Gillespie, 
J.  Cline, 
Joim  C.  McDowell, 

Directors,  on 

the  part 
of  Private 
\     Stockholders. 

Milage. 

A.  Hekdeeson, 
■  Geo.  F.  Davidson, 
A.  M.  Powell, 
Joseph  Coepening, 
Edward  J.  Erwin, 
Wm.  Murphy, 

]S[.    W.  WOODFIN, 

Directors,  on 
>■     the  part  of 
the  State. 

Milage. 

P.    F.  SlMONTON", 

Secretary  c&  Treasr. 

$1,250  PER  ANNUM. 

James  C.  Turner, 

Chief  Engineer. 

;$3,ooo    "       " 

LIST  OF  ENGINEEES  AKD  ASSISTANTS 

Employed  on  the  Western  North  Carolina  Bail  Boad,  Au- 
gust 25th,  1859. 

FIRST  SECTION. 

William  A.  Eliason,   Assistant  Engineer,  and   Superintendent   of  Track- 
laying,                                                                                   $1000  per  annum. 
J.  Calder  Turner,                do.            do.                                  720  do.     do. 
S.  S.  Kirkland,  Resident  Engineer,                                        1000  do.     do. 

And  allowance  for  Horse  and  Buggy. 
J.  W.  Wilson,  Resident  Engineer,                                         1000  do.     do. 

And  allowance  for  Horse  and  Buggy, 
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TREASURER'S  REPORT. 

R.  F.  SiMONTON,  Treasurer,  t&c.,  m  ac't  with    Western  North 

Carolina  Bail  Road  Company,  to  the  SOth  June,  1859  ; 

DR. 

To  Balance  in  hands  of  Treasurer  1st  July,  1858,  as  per  Report,  $31,518  51 

To  Amount  in  hands  of  General  Commissioners, 957  50 

To  amount  received  from  Individual  Stockholders, 138,7G4  84 

To  amount  received  from  the  State  of  North  Carolina, 280,000  00 

To  amount  pre.  on  exchange  sold  and  interest  received, 195  44 

To  amount  of  Loan  from  Bank  of  Cape  Fear, 10,000  00 

To  cash  of  Gen.  Patterson  for  State  Bond,  not  yet  delivered, . . .  1,000  00 

$462,436  29 

OR. 

By  Amount  in  hands  of  General  Commissioners, 745  00 

Sundry  accounts  paid  as  per  Abstract  No.  1, 106  52 

By  account  for  Cars  and  Engines,  as  per  Abstract  No  2, 29,315  57 

By  amount  paid  for  printing,  as  per  Abstract  No.  3, 153  97 

Stationery  and  Office  Account,  (Abstract  No.  4,) 238  7G 

Lime  and  Cement,  (Abstract  No.  5.) 2,426  57 

Right  of  Way,  (Abstract  No.  6,) 2.828  68 

Mileage  of  Directors,  (xVbstract  No.  7,)  247  60 

Engineering  and  General  Superintendence,  (Abstract  No.  8,)  10,805  11 

Salaries  of  President  and  Treasurer,  (Abstract  No.  9,) 3,250  00 

Iron  Chairs  and  Spikes,  (Abstract  No.  10,) 115^520  45 

Masonry,  (Abstract  No.  11,) 38,579  40 

Freight,  (Abstract  No.  12,) 6,000  00 

Construction  account,  Abstract  No.  13,) 30,632  18 

Interest,  Discount  and  Exchange,  (xibstract  No.  14,) 8,653  75 

Bridge  Superstructure,  (Abstract  No.  15,) 4,861  08 

Grading,  (Abstract  No.  16,) 152,488  81 

Depot  and  Station  Account,  (Abstract  No.  17,)  25,967  40 

Sills,  (Abstract  No.  18,) 20,275  41 

Ballance  due  pr.  Treas 9,334  03 

§402,430  29 

Ballance  due  as  above, 9,334  03 

"         on  Account  Transportation, 10,036  47 

Total  am't  due  W.  N.  C.  R.  R.  in  hands  of  Treasurer, $19,370  50 

To  meet  which  he  has  in  Burke  County  Bonds,  deposited  in  Branch  Bank 
at  Morganton,  $20,000. 

R.  F.  SIMONTON,  Treas. 
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ABSTRACT— NO.  1. 

1858.  SUNDRY   ACCOUNTS. 

August.  Adams'  Express  Company,  Freight  on  Bonds  to  N.York, 

"  A.  W.  Jamison,  on  Finance  Committee, 

"  D.  W.  Courts,  Freight  on  Bonds  to  New- York, 

"  William  Walker,  haulir^g  lumber, 
1859. 

Jan'y.  Adams'  Express  Co.  Freight  on  Bonds  to  New- York, 

Telegraph, 

May  Adams'  Express  Co.,  Freight  on  Bonds  to  New- York, 

Total,  $106  52 


$12 

50 

6 

20 

1 

75 

50 

6 

27 

10 

ABSTRACT— NO.  2. 

1858.  CAR  AND  ENGINE  ACCOUNT. 


July. 

Nov. 
1859. 
Jan'y 
April. 

L.  S.  Aldrich,  $500,  (Sept.)  $1,265  10,  (Oct.)  $910 : 

William  Cummings, 

L.  S.  Aldrich,  $400 ;  do.  do.,  $2,500  : 

E,  Norris  &  Son, 

L.  S.  Aldrich,  $762  20,  (May)  $7,103  82,  (June)  $300 

Total, 

$2,735  10 
4,700   .. 

2,900  .. 

10.814  45 

8,106  02 

$29,315  57 

1858. 

Sept. 
1859. 
June, 

E. 

E 
J. 

ABSTRACT— NO.  3. 

PRINTING   ACCOUNT. 

B.  Drake, 

B.  Drake, 
M.  Newson,  $37  97;   do.  Holden  &  Wilson,  $67; 

Total, 

$21  75 

27  25 
104  97 

$153  97 

1858. 
1859. 

a 
li 
i< 
<( 
It 
(1 

Aug. 
Fek 

u 

May, 

<i 
u 

ABSTRACT— NO.  4. 

STATIONERY   AND   OFFICE   ACCOUNT. 

J.  F.  Alexander  &  Co.,  Stationery  for  Treasurer, 

Postage, 

W.  T.  Speck,  six  chairs, 

S.  H.  Miller,  one  book-case  for  Treasurer's  odfice, 

W.  IT.  Morrison,  assistance,             do.             do. 

Dauforth  &  Co.,  Certificates  of  stock, 

W.  L.  Pomroy,  Stationery  for  Treasurer's  office, 

H.  D.  Turner, 

Total, 

$20  76 

9  48 

9   .. 

12   .. 

16  .. 

167  12 

2  65 

1  75 

$238  76 

1 

1858. 
"    Sept. 

It           a 

"    Oct. 
1859.  Jan. 

"     May, 
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ABSTKACT— KO.  5. 

LIME   AND   CEMENT. 

J.  M.  Smith, 

J.  B.  Nolley,  11  94  ;  G.  P.  Wyatt,  3  75  ; 

J.  M.  Smith,  268  24 ;  W.  B.  Grant,  974  00 ; 

J.  B.  Nolley, 

T.C.  &B.G.  Worth,  647  44;  (June)  W.  B.  Grant,  174 

Total, 

$329  25 

15  69 

1,242  24 

17  75 

20,  821  64 

$2,426  57 

ABSTKACT— 1^0.  6. 

1858.  RIGHT   OF   WAT. 

"     Oct.      Letitia  Brown,  lot  in  Salisbury, 
"         "      Daniel  Simons,  moving  house, 

1859.  Jan'y.  Wm.  Clarke,  right  of  way, 

"    March,  Marcus  Rowe,  moving  house, 

"         "       Mathew  Kerr,  right  of  way, 

"     May,     John  B.  Beard,  lot  in  Salisbury,                        * 

"         "       Hosea  Yount,  moving  house, 

"         "       Clerk  Sup.  Court  of  Eowan,  cost,  Salisbury  vs.  E.R. 

Total, 

$842  50 

15  .. 

50  .. 

12  .. 

5  .. 

1845  .. 

50  .. 

9  18 

$2,828  68 

1858. 

"    Aug. 
"     Jan. 

ABSTKACT— ISTO.  7. 

MILEAGE   OF   DIRECTORS. 

Meeting  of  Board,  75  60 ;  (Oct.)  do.  do.  58  20 ; 
Do.             do.  36,  (Mar.)  do.  do,  22,  (May)  do.  55. 

Total, 

$133  80 
80,    113  80 

$247  60 

1858. 

Sept. 

1859.  Jan'y 
"    June, 

u          u 
a          u 

U                11 

ABSTEACT— NO.  8. 

ENGINEERING. 

Charles  Lyerly,  mule, 

J.  C.  Turner,  Chief  Engineer, 

Do.        do.    5,000 ;  do.  do.  (May,)  2,723  50, 

Do.        do. 
John  I.  Shaver,  office  rent, 
T.  R.  Caldwell,  guardian,  negro  hire. 
Brown  &  Coffin,  sundries, 

Total, 

$125  .. 

1,700  .. 

7,723  50 

1,038  32 

162  75 

41  60 

14  04 

$10,805  11 

! 

1859. 
"    June 

i 

ABSTKACT— NO.  9. 

SALARIES. 

30.     R.  C.  Pearson,  President,                $2,000 

"      R.  F.  Simonton,  Sec.  &  Treas'r.        1,250 — 

-$3,250  .. 

),                                                                             .                           .                                                         ■  1 

( 
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ABSTRACT— IN[0. 10. 

185S 

IRON   CHAIRS   AND   SPIKES. 

a 

Nov. 

J.  T.  Soutter,  8,616  47 ;  do.  do.  29,300, 

$37,916  47 

It 

u 

Norris  &  Bro.  1,000  ;  S.  M.  Wilson,  24,084  78 ; 

25,084  78 

1859 

May, 

F.Levick&  Co.  30,144  67;  S.M.Wilson,  15,500  08, 

45,644  75 

li 

a 

Norris  &  Bro.  1,129  26 ;  Morris  Tanner  &  Co.  5,000, 

6,129  26 

a 

li 

Great  Western  Insurance  Company, 
Total, 

751  19 

$115,526  45 

ABSTEACT— ^0. 11. 

1858 

MASONRY. 

u 

Sept. 

D.  B.  Gaither,  3,117  17 ;   Kobt.  Hendry,  98  40, 

3,215  57 

a 

Nov. 

Anderson  Ellis,  5,950  66 ;  to  same,  5,008  83, 

10,959  49 

1859.  Jan'y 

Anderson  Ellis,  1,091  64;  to  same,  4,040, 

5,131  04 

(( 

Mar. 

C.  F.  Fisher, 

5,541  11 

(( 

a 

A.  K.  Simonton,  2,094  39 ;  (June,)  to  same,  1,993, 

4,087  39 

1! 

June, 

C.  F.Fisher,  944  20;  to  same,  8,700, 
Total, 

9,644  20 

$38,579  40 

ABSTEACT— ]^0.  12. 

1859 

FREIGHT    ACCOUNT. 

a 

Jan'y 

Ealeigh  &  Gaston  Eail-Road, 

$6,000  .. 

ABSTEACT— NO.  13. 

1858 

CONSTRUCTION. 

u 

Aug. 

Pay  Roll,  water  station,  Salisbury,  March, 

$112  56 

a 

It 

Do     do        do        do            do        April, 

70  06 

(I 

ii 

Do    do        do        do            do        May, 

151  89 

ti 

u 

Do     do        do        do            do        June, 

38  32 

a 

u 

J.  S.  Morrison,  freight  paid,  bridge  bolts. 

7  95 

ti 

LI 

Do        do        expenses  to  Richmond, 

11   .. 

ii 

u 

Charles  Huffman,  tool  stamps. 

10  .. 

u 

11 

F.  Clod  falter,  lumber. 

175  98 

(1 

u 

A.  D.  Sullivan,  one  box  tobacco, 

19  26 

u 

ii 

Kessan  &  Keeler, 

435  34 

If 

Oct. 

Pay  Roll,  train  hands,  from  first  February  to  first  Oct.    1,108  57    |  | 

u 

a 

J.  S.  Morrison,  sundry  bills, 

73  SO 

u 

a 

Charles  F.  Fisher,  laying  track. 

4.800  .. 

u 

" 

Pay  Roll,  August,  water  station,  SaUsbury, 

240  18 

u 

li 

Do        Sept.        do        do            do 

222  24 

u 

a 

John  Holt,  one  clock. 

35   .. 

i: 

Dec. 

Charles  F.  Fisher,  track  laying. 

2,341  64 

It 

a 

Hillard  &  Hargrave,  shingles. 

154  20 

i: 

a 

Pay  Roll,  September,  train  hands, 

226  75 

u 

li 

John  Walton,  cattle  guards,  etc. 

334  55 

: LI 

1 

16 

1859.  Jan'y 

J.  S.  Morrison,  beef  and  meal, 

14  46 

11 

11 

Do             A.ood, 

22  33 

K 

II 

S.  P.  Caldwell,  one  lantern, 

r  35 

U 

11 

Pay  Roll,  Dec.  six  mile  water  station, 

235  37 

a 

II 

Do                      do            do         do         November, 

229  25 

ti 

11 

Do         Third  Creek  trestle, 

294  48 

11 

u 

Do         Train  hands,  December, 

229  87 

<; 

Feb. 

Do             do       do         January, 

45  .. 

ii 

11 

J.  M.  Edney,  New- York  city,  lead  pipe, 

64  33 

(I 

II 

J.  F.  Alexander  &  Co.,    meal, 

30  .. 

11 

II 

Love  &  Martin,  bacon, 

150  .. 

11 

II 

Otho  Gillespie,  bacon  and  beef, 

47  09 

u 

II 

T.  L.  Donalson,  lumber  for  Third  creek  trestle, 

116  80 

11 

11 

Robert  F.  Simonton,  sole  leather. 

8  84 

(. 

II 

'T.  A.  Allison,  board  of  bands, 

25  00 

II 

11 

Pay  Roll,  train  hands,  month  of  January, 

201   .. 

ii 

It 

Charles  F.  Fisher,  track. 

4,158  .. 

II 

II 

Osborne  G-.  Foard,  lumber, 

229  63 

11 

11 

Pay  Roll,  train  hands  for  month  of  February, 

333  65 

11 

March, 

Do         do         do             do            March, 

410  67 

11 

II 

Love  &  Martin,  bacon, 

320  47 

II 

II 

J.  Hopkins  Smith,  iron,  nails,  etc. 

1500  37 

ii 

Aijril, 

Pay  Roll,  bridge  at  Mountain  cut, 

56  20 

ii 

II 

William  Dobbins,  rip  rap  at  Third  creek, 

43  74 

11 

11 

McNeely  &;  Young,  store  bill, 

411  60 

ii 

11 

John  D.  Brown  &  Co.,  tin,  stoves,  etc., 

108  51 

11 

II 

G.  M.  &  A.  T.  Jones,  hardware. 

536  72 

i< 

II 

Love  &  ]\LT.rtin,  bacon, 

205  06 

i( 

II 

Osborne  G.  Foard,  meal, 

25  67 

ii 

u 

Mills  &  Moose,  store  account, 

193  42 

<( 

11 

Dr.  M.  Whitehead,  medical  bill, 

11   .. 

11 

11 

John  Beard,  lumber, 

12  36 

ic 

11 

Milus  A.  Agner,  meal, 

17  23 

u 

11 

Pay  Roll,  February,  six  mile  station, 

220  25 

11 

ll 

Do        March,         do            do 

243  94 

11 

11 

Mat.  Kerr,  lumber  12  20 ;  John  Walton,  bacon  5  58, 

17  78 

II 

May, 

Pay  Roll,  Third  creek  viaduct,  for  April, 

25  37 

11 

" 

Negro  Hire,  for  1858, 

2,063  29 

II 

11 

Pay  Roll,  train  hands,  for  month  of  April, 

413  50 

11 

II 

Thomas  J.  Armstrong,  fifty  bushels  of  corn, 

37  50 

If 

II 

Hunt  &;  Murdoch,  bacon, 

24  03 

II 

II 

J.  F.  Alexander  &  Co.,  bacon, 

69  34 

II 

June, 

T.  L.  Donalson,  lumber, 

42  50 

11 

II 

Fisher  &  Burroughs,  spitoons, 

21     . 

u 

11 

John  Walton,  wells  and  cattle  guards, 

246  75 

a 

11 

Murphy  &  Co.,  store  account, 

82  78 

11 

11 

Roberson  &  Day,  lumber. 

35  20 

II 

11 

Baker  &  Owens,  tin  and  stoves, 

138  84 

11 

" 

Thomas  &  Shelly,  shingles, 

174  .. 

11 

II 

J.  C.  Phifer,  corn  $41 ;  Powell  &  Long,  bacon,  187  60, 

228  60 

11 

ii 

Jacob  Bostian,  lumber, 

85  90 

11 

11 

Pay  Roll,  for  May,  train  hands. 

151  40 

11 

iC 

J.  J.  Weesinger,  section  house, 

250  .. 

i< 

11 

C.  L.  Summers,  lumber, 

872  42 



. _______ 

J.  A.  Fox,  castings,  4  85;  Wm  Butcher,  sheet  iron,  50  90       55  75 
diaries  F.  Fisher,  track,  3,151   .  . 

James  Clarke,  corn,  6G   .  . 

Pay  Roll,  for  May,  430  00  ;  for  June,  422  DO,  852  90 

Thomas  M.  Davidson  &  Son,  supjalies,  3   .  . 


$30,632  18 


ABSTRACT— Is^O.  14. 

1858  IXTEREST,    EXCHANGE    AND    DISCOUNT. 

'•     Aug.    Discount  on  five  Bonds  to  D.  A.  Davis,  $125   .  . 

"         "          Do.      1  to  H.  A.  Lenily,  10 ;  1  to  J.  D.  Brown,  20,  30   . . 

"         "          Do      3  to  J  F  Alexander  &  Co,  90 ;  1  to  same,  15 ;  105   .  . 

"     Sept         Do      7  to  DA  Davis,  210;   2  to  J  I  Shaver,  60,  270   .. 

Do      1  to  A  M  Powell,  15;    3  to  C  F  Fisher,  90,  105  . . 

"         '•          Do      2  to  A.  Ellis,  00 ;  Int.  paid  C.  F.  Bank  on  loan  4.    64   .  . 

"      Oct         Do      1  to  L  S  Akhick,  30 ;    1  to  D  A  Davis,  30,  '    60   .  . 

Do      3  to  D  A  Davis,  90  ;    G  to  Thos  Ruffin,  120,  210   .  . 

"      Nov        Do      10  to  J  T  Soutter,  602  50;  15  to  same,  888  75,  1,491  25 

Do      25  to          "     1,358  12 ;  3  to  Sam'l  Tate,  30,  1,388  12 

"         "       Interest  paid  to  Bank  of  Republic,  03  66 

"         "          Do        do          do            do  137  98 

1859  Jan'y   Discount  29|  Bonds  to  Sinking  Fnnd,  295  .  . 

'•         '•          Do   sundry   do   sold  by  Pulaski  Cowper.  219  19 

"         "       Exchange  from  J  G-  Williams  &  Co.  62  50 

"         "       Interest  paid  Bank  of  Charlotte  on  loan,  82  19 

"     Feb.     Discount  on  27  Bonds  to  Thomas  Ruffin,  540   . . 

•'         '•          Do                 1      do     to  J  B  Gordon,  20   .  . 

"         "      Exchange  paid  on  .$.5,250  at  f,  32  81 

"         "      Discount  on  10  Bonds  to  J  T  Soutter,  387  50 

"    May,       Do        on    5      do     to  Reed  &  Andrews,  90  62 

"         "      Interest  paid  same  on  loan,  360   . . 

"         "      Discount  on  30  Bonds  to  J  T  Soutter,  858  75 

"         "       Interest  paid  Charles  Dewey,  cashier,  99  50 

"         '•       Discount  on  14i  Bonds  to  Thomas  Ruffin,  290   .  . 
"         "          Do     12  to  J  H  Jenkins,  120  ;  on  3  to  L.  Blaekmer  30,    150   .  . 

"         "          Do       1  to  J  Ruffin,  10  . . 

"         "       J  II  Jenkins,  for  exchange,  25  87 

"         "      Interest  paid  D  A  Davis,  on  loan,  77  50 

"         "       Interest  paid  Thomas  Ruffin.  on  loan,  217  50 

"         "      Interest  paid  Bank  of  the  Republic,  on  loan,  186  06 

'•         "       Discount  on  10  Bonds  to  J  T  Soutter,  456  25 

"         "      Interest  paid  to  Cape  Fear  Bank,  on  loan,  42  50 

"         "      Interest  paid  to  R.  F.  Simonton,  on  sundry  loans,  100  00 


Total,  $8,653  75 


ABSTRACT— XO.  15. 

1858  BRIDGE    SUPERSTRUCTURE. 

Aug.     S.  J.  Walton,  Third  Creek  Bridge,  $306  00 

'•         "  do  do        do        do  1,214  50 

"      Oct      T  L  Donalson,  bridge  lumber,  100   . . 


IS 


"  Nov  S  J  Walton,  Third  Creek  Bridge, 

"  "            do            Buffaloe            do 

1859  Jan'y  J  A  Hicks,  painting  Second  and  Third  creek  bridges, 

"  "  S  J  Walton,  Second  Creek  Bridge, 

"  Feb  T  L  Donalson,  bridge  lumber, 

"   Ajsril,  Jacob  Parker,  hauling  lumber, 

"  "  S  J  Walton,  Buflaloc  Bridge, 

"  "  Pay  Roll,  on  Clark's  Creek  bridge, 

"  May,  J  F  Alexander  &  Co,  nails,  etc 

"  "  John  Lyerly,  bridge  lumber, 

"  June,  Benjamin  Trollinger,  bridge  lumber, 

Total, 


$4,861  08 


ABSTRACT— NO.  16. 


1858 
Aug. 


Oct. 


Nov. 


1850 
Jan. 


C  M  Avery, 
Edwin  Falls, 
L  A  Shuford, 
J  N  McLelland, 
E  E  Greenlee, 
Joseph  Bost, 
Jos.  J  Erwin, 
W  F  McKesson, 
W  F  McKesson, 
Charles  F  Fisher, 
John  Piice, 
0  G  Foard, 

C.  Miller  &  Co., 
Hugh  Reynolds, 
John  Davidson, 
Wm  Turner, 

T  W  Bradburn, 
John  Bergen, 
John  Bergen, 
T  L  Lwoe, 
W  C  Erwin, 
T  L  Lowe, 
L  A  Shuford, 
W  C  Erwin, 
E  E  Greenlee, 
J  J  Erwin, 
William  Turner 
Moses  Harman, 
Edwin  Falls, 
A.  K.  Simonton, 
J.  N.  McLelland, 

D.  B.  Gaithcr, 
William  Turner, 
H  W  Robison, 
C  M  Avery, 

J  J  Erwin, 


II 
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Feb. 


Mar. 


GRADUATION. 
S2,400    .. 

1,470   .. 
1,500   . . 
GOO   .. 
998   .  . 
30  83 
900  00 
1,500   .  . 
1,000   . . 
1,G96   .. 
50   .. 
118  53 
21   .. 
2778  07 
2725  30 
500  .. 
424 
1050 
1401 
1300  .. 
2251   .. 
2096  95 
2175 
1400 
2600 
1200 
310 
100 
1600 
1630 
600 


GOO   .. 

500  00 

2865  00 

18,525   .. 

1000   .. 


May 


June 


W  F  McKesson, 
W  C  Erwin, 
John  Allison, 
John  Allison, 
Fred  Smith, 
L  A  Shuford, 
W  F  ilcEesson, 
W  C  Erwin, 
J  N  McLelland, 
W  F  ]\IcKesson, 
W  C  Erwin 
Edwin  Falls, 
C  F  Fisher, 
A  K  Simonton, 
D  B  Gaither, 
L  A  Shuford, 
H  W  Roberson, 
J.  N.  ^.IcLelland, 
H  W  Roberson, 
John  Allison, 
W  C  Erwin, 
J  N  McLelland, 
C  F  Fisher, 
C  F  Fisher, 
John  Davidson, 
L  A  Shuford, 
Edwin  Falls, 
J  J  Erwin, 
Edwin  Falls, 
William  Turner, 
D  B  Gaither. 
Edwiu  Falls, 
Chas  F  Fisher, 
A  K  Simonton, 
D  B  Gaither, 
Fred  Smith, 
W  F  McKesson, 


2325 

1500 

600 

9,44G 

735 

1900 

8487 

2586 

920 

765 

400 

1181 

400 

2402 

800 

1235 

1327 

384 

231 

1303 

1552 

1272 

3754 

200 

48 

950 

1415 

918 

500 

216 

350 

235 

25,000 

602 

250 

250 

4543 


40 

50 
i5 

80 
09 

79 


1 

19 

! 

W  F  McKesson,      870G  G7                Wra  C  Erwin, 

275   .. 

$152,488  81 

ABSTKACT— NO.  ll.—Dejpot  ami  Station  Account. 

1858 

Aug. 

— Charles  F.  Fisher,  Depot,  Sahsbury, 

^89  .34 

J.  A7.  Cochrau,         "         Statesville, 

400  .. 

J.  D.  Brown,             "         Salisbury, 

1122  34 

William  Butcher,     "              " 

992  86 

Sept. 

— Robert  Moore,         "               " 

402  87 

J.  W.  Cochrau,         "        Statesville, 

124  14 

J.  A.  Hicks, 

10  50 

Murdoch  &  Co.,       "        Salisbury, 

J.  F.  Alexander  &  Co.,  Depot,  Statesville, 

400  .. 

15  .. 

John  Walton,                     '■             " 

62  74 

John  J.  Chitty, 

71  25 

Murdoch  &  Co.,  Depot,  Salisbury, 

205  75 

John  Walton,         "               '•' 

100  .. 

Tunstall  &  Darr,     "               " 

1444  97 

John  I.  Shaver,      "              " 

1800   .. 

John  Walton,         "               " 

454  55 

William  Turner     "               " 

13   .. 

^  John  Steele,           " 

25   .. 

Henry  Swink  and  others,  Depot,  Salisbury, 

053  89 

Oct. 

Henry  Hicks,  painting  Third  Creek  Depot, 

39  50 

John  W.  Cochrane,  Depot,  Statesville, 

600  .. 

E.  J.  Kirksey,  Depot,  Third  Creek, 

250  76 

John  Yerble,  Depot,  Salisbury, 

131  90 

Tunstall  &  Darr,  Depot,  " 

250  .. 

J.  H.  Greer,             "        " 

28  62 

H.  S.  Swink,           "        " 

38  75 

John  Steele,            "        " 

165  25 

Ay.  H.  Tunstall,      "        " 

1100  .. 

1859 

Jan. 

M.  L.  McCorkle,  Depot,  Newton, 

950   .. 

A.  H.  ]\Iiller,  Depot,  Salisbury, 

15   .. 

G.  Avery, 

8   .. 

Murdoch  &  Co.,  Depot,  Salisbury, 

500  .. 

John  I.  Shaver, 

1400   .. 

John  Yerble,             "             " 

146  32 

John  Verble,             "             " 

8  37 

J.  W.  Cochran,  Depot,  Statesville, 

525   .. 

E.  J.  Kirksey,  Depot,  Third  Creek, 

1000   .. 

T.  k.  AUison, 

15   .. 

T.  J.  Armstrong,  Depot,  Statesville, 

7  12 

W.  H.  Tunstall,       "        Salisbury, 

909   .. 

Robert  ifoore,  Depot,  Salisbury, 

154  18 

Robert  Moore,       "             " 

249  17 

McXeely,  Mock  &  Co., 

13  39 

Pay  Roll,  No.  1,  Depot,  Salisbury, 

69  50 

"       "       "     2,  6  mile  Water  Station, 

141   .. 

J.  W.  Cochran,  Depot,  Statesville, 

163  56 

■| 

20 

Feb. 

Daniel  Colemainy     "• 

Sahsbury,. 

IM  91 

E.  J.  Kirksey,        " 

Third  Creek, 

100  .. 

Mar. 

John  I.  Shaver,      " 

Salisbury, 

500   .. 

E.  J.  Kirksey,        " 

Third  Creek,  • 

230   .. 

E.  J.  Kirksey,        " 

11 

216  25 

: 

W.  N.  Timstall,     " 

Salisbury, 

779  69 

Murdoch  &  Co.,     " 

11 

1285  88 

; 

Henry  Hicks,         '• 

Third  Creek, 

142  52 

William  Butcher,  Depot  SaHsbury, 

111  89 

John  I.  Shaver, 

a   ' 

1060  53 

Clarke  &  Henderson, 

Depot,  Salisbury^ 

206  25 

John  Steele, 

U                           li 

132  25 

C.  A.  Henderson, 

u                 u 

386  36 

May. 

Eoberts  &  Tunstall, 

it                   u 

872  17 

J.  F.  Alexander  &  Co 

.,  Depot,  Statesville, 

3  45 

Pay  Roll  (April)  PlatI 

's  T.  0. 

153  50 

"       "     (May)    .    " 

11 

154  47 

E.  J.  Kirksey,  Depot, 

Catawba  River 

759  07 

Robert  Moore,     " 

Salisbury, 

285  72 

u                    u 

a 

100  31 

Waterhouse  &  Bowes 

,  Depot,  Salisbury,  (Gass) 

179  30 

a 

u                  a 

284  07 

u 

u                n 

85  47 

E.  J.  Kirksey,  Depot, 

Catawba  River 

109  06 

S25,967  49 

ABSTEACT— KO.  18.— SILLS. 

1859 

|Mar. 

Osborne  G.  Foard 

399  33 

Aug. 

Thomos  Hyde, 

$17  00 

Ap'l 

T.  T.  Helterbran, 

66  67 

P.  B.  Chambers, 

400  00 

George  Setzer, 

461  67 

William  P.  Graham:, 

14  50 

C.  A.  Wilfong, 

1200  00 

Osborne  Gr.  Foard, 

688  55 

John  Bergen, 

333  33 

Eli  Beaver, 

lOa  66 

Jesse  Gant, 

142<5  00 

C.  A.  Wilfong, 

75  00 

J.  H.  Moore, 

1000  00 

John  Davidson, 

200  00 

^Moses  Harman, 

110  00 

1859 

' 

,  P.  J.  Pitts, 

25  00 

Jan. 

E.  Conner, 

640  00 

H.  A.  Barringer. 

1175  00 

E.  E.  Deal, 

775  00 

May 

John  Davidson, 

613  33 

H.  W.  Roberson, 

833  00 

C.  A.  Wilfong, 

201  33 

I.  T.  Helterbran, 

475  00 

M.  Spain  hour. 

751)  00 

William  Turner, 

354  00 

Joseph  Brittain, 

645  00 

C.  A.  Wilfong, 

300  00 

P.  J.  Pitts, 

475  00 

P.  B.  Chambers, 

024  60 

George  Smoyer, 

370  00 

John  Allison, 

1000  00 

Daniel  Rowe, 

1520  00 

Samuel  Reeves, 

561  30 

E.  Conner, 

490  66 

Peb. 

John  Allison, 
Total, 

1338  42 

June 

W.  F.  McKesson, 

635  00 

$2.0,275  41 

- ',i 
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TRAIsTSPORTATION  DEPARTMENT. 
R.  F.  SiMONTOx,  Treasurer^  in  account  with    Western  North 

North  Carolina  Bail  Road  Company  : 
July  1,  1S59.     To  am't  of  Freight  and  Passengers,  as  per  tabu- 


lar Statement, 
For  transportation  of  United  States  Mail,  . . . 


Total  Receipts, 


OR, 


July  1,  1S59.     By  Transportation  ac't,  as  per  Abstract  A 

"Wood  ac't  as  per  Abstract  B, 

Loss  and  Damage,  as  per  Abstract  C, . 
llepair  ac't,  Oil,  Waste,  &c.  "  D, . 
To  balance  in  liands  of  Treasurer,  . . . 


$16,224  37 
979  10 

$1Y,203  53 

$1,926  10 

1,979  27 

32  10 

134  99 

13,131  08 

$17,203  53 

Balance  in  hands  of  Treasui*er,  $13,131  07 

Consisting  of  the  following  items: 

Auiouut  due  from  Agents, $1376  93 

"      "      North  Carolina  Hail  Road, 728  51 

'•'  '•      "     United  States, 979  10 

=:'Cash  in  the  Treasury 10,030  47—  $13,131  07 

R.  F.  SIMONTOlSr,  TmM. 


*3ee  Account  Current  on  page 6. 


ABSTRACT  A— TRAZs^SPORTATIOE". 

1858— October  Pay  Roll 235  10,  Ihiv Pay  Roll 354  59 

Nov ■"...■ 203  86i  Apr " 195  83 

Dec '• 180  00 !  May " 195  S3 

1S59— .Tan " 180  OOl  June " 205  83 

Feb " 175  00 1  

1926  10 


ABSTRACT  B.— WOOD  ACCOUNT. 


1858— OcL  George  "White. . 

.   55  00 

Geoi'ize  Wise,  .  . 

.   10  50 

Arch.  Hoover, . . 

.   80  82 

Dec.  R.  W.  Foard,  . . 

.252  00 

Arck  Hoover, . . 

.192  00 

ICenry  Kimball, 

.   90  00 

IL  S.  Love, .... 

.100  00 

"Wm.  Walker,  . . 

.   50  00 

0.  G.  Foard,  . . . 

.244  00 

Frank  Sniithdcal 

.   21  50 

W.  P.  Graham, . 

.   75  00 

^Milas  Erwin,.  . . 

.     0  50 

1S59— Jan.  T.  A.  Allison,  . . 

.   20  00 

Jan.  Andrew  Rickert,.  .    18  00 

Ma}^  Benj.  Arey, 31  75 

T.  A.  Freeland,  . .   63  50 

Wm.  "Walker, 51  00 

Paul  Post, 100  00 

R.  W.  Leslie, 47  50 

Mrs.  A.  Caldwell,  .    10  50 

D.  B.  Wood, 71  20 

Jones  &  Owens, . .  132  00 

Nathan  Harrison,.   22  00 

June  !Mathew  Brandon,  125  00 

J.  D.  Cowan, 37  50 

$1,979  27 


22 
ABSTRACT  C— LOSS,  DxiMAGE,  STOCK  laLLED,  &c. 

1859— April— J.  F.  Alexander  &  Co.,  freight,  overch'd, 7  10 

June — William  Murphy,  Horse  killed, -.25  00 


EEPAIRS,  WASTE,  &c.— D. 

1859— April— Wilford  Turner,  Waste, 15  00 

Je^e  Hendrix,"  Repairs  Engine, 3  00 

D.  A.  Davis 9  87 

J.  A.  Weirmau,  W^^ste, 4  30 

May— Wilford  Turner,      " 10  22 

June— Pay  Roll,  June, 92  GO 

S134  99 
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EEPORT  OF  THE  FmANCE  COMMITTEE. 


Office  Western  N.  C.  R.  R.  Co.,  ) 

Statesville,  1st  July,  1859.  f 

The  undersigned,  appointed  by  the  Stockholders  of  the  "Western  North  Car- 
ohiia  Rail  Road  Company,  at  their  last  Annual  Meeting,  a  Committee  of  Fi- 
nance, to  examine  the  accounts  of  the  Treasurer,  and  report  thereon,  have 
the  honor  to  submit  the  foregoing  statement  and  account  current,  Avhich  em- 
braces the  entire  Financial  opei'ations  of  the  office  for  the  past  year,  and 
Avhich  statement  and  account  current,  corresponds  with  the  books  and  ac- 
counts kept  by  the  Treasurer,  all  of  which  payments.  3'our  Committee  are 
satisfied  are  warranted  and  sustained  by  proper  vouchers  on  file  in  his  oflice. 
Respectfully  presented, 

A.  W.  JAMISON, 
C.  A.  CARLTON, 
M.  F.  FREELAND. 


9.r^ 


CHIEF  ENGINEER'S  REPORT. 


Chief  Engineer's  Office,  Western  N.  C.  R.  R.,  } 
Salisbukv,  August  25th,  1859.      ( 

To  the  President  and  Directors  of  the  Wedern  Xo)ih  Carolina  Rail  Road: 

Gentle-men — 

III  view  of  of  the  Annual  Meeting  of  tlie  Stocklioldcvs  on  the 
the  25tli  inst.,  the  following  statement  relative  to  tlie  progress  and  condition 
of  the  Western  North  Carolina  Rail  Road,  is  respectfully  submitted. 

But,  in  advance  of  Avhat  may  now  be  necessary  to  state,  I  "will  take 
occasion  to  call  your  attention  to  the  Report  submitted  to  his  Excellency  the 
Governor  of  the  State,  duHng  the  last  session  of  the  Legislature,  as  required 
by  the  charter  of  this  Company. 

For  purposes  of  reference,  as  well  as  convenience,  I  will  consider  the  First 
Section  of  the  Road,  extending  from  Salisbury  to  ^loi'ganton,  a  distanci  of 
75.G5  miles,  under  the  head  of  two  divisions — the  first  division  ending  at  the 
point  to  which  $1,200,000  will  build  and  equip  the  Road  according  to  the 
terms  of  the  charter.  This,  according  to  the  best  data  we  could  get,  was  be- 
lieved to  be  52.2  miles,  exclusive  of  a  branch  to  Newton,  3  miles  in  extent. 
The  graduation  for  the  above  55.2  miles  has  been  completed.  The  masonry, 
with  the  exception  of  a  few  cattle  guards,  has  also  been  finished.  The  cross- 
ties  have  all  been  laid  down,  except  a  very  lew,  which  can  only  be  advanta- 
geously done  as  the  iron  is  laid. 

The  iron,  including  sidelings  at  Stations  and  Turn-outs,  has  been  laid  down 
to  the  Catawba  River,  37.5  miles,  and  the  cars  successfully  running  to  that 
point  daily.  The  Viaducts  and  Bridges  have  all  been  built,  except  the  Bridge 
at  the  Catawba  River.  With  reference  to  this  structure,  I  will  take  this  oo 
casion  to  inform  j'ou  of  its  condition,  and  to  correct  some  popular  misrepresen- 
tations in  regard  to  it.  The  Bridge  consists  of  four  spans  of  135  feet  each,  has 
two  abutments  and  three  piers  of  granite.  At  the  time  of  the  location  of  the 
Road  it  was  supposed,  from  examinations  then  made,  that  their  foundations 
would  be  upon  solid  rock;  but  a  subsequent  examination  and  experience 
proved  to  us,  that  the  best  foundation  we  could  get  would  be  hard  gi'avel  and 
boulders,  and  upon  this,  improved  by  concrete,  Ibrmed  of  broken  stone  and 
hydraulic  cement,  the  piers  as  well  as  the  eastern  abutment  have  been 
built.  The  western  abutment  rests  upon  the  natural  earth  about  30  feet 
above  the  water.  The  third  pier,  which  stands  in  water  about  11  feet  deep, 
has  just  been  completed  ;  the  othei-s  were  finished  last  fall;  were  exposed 
during  the  freshets  of  winter  and  spring,  and  the  masonry  all  stands  'firm 
without  the  slightest  indication  of  giving  way.  Now,  in  regard  to  the  super- 
structure, suitable  lumber  for  the  most  important  timbers  could  not  be  had  in 
the  vicinity  of  the  bridge,  and  for  this,  it  was  found  necessary  to  look  below 
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Raleigh.  I  accordingly  made  a  contract  for  it,  to  be  delivered  by  the  1st  of 
June,  as  well  as  with  a  company  in  Wilmington,  Delaware,  for  the  delivei^y 
of  the  castings  and  bolts ;  these  could  not  be  forwarded  to  the  bridge  site  un- 
til the  track  was  laid  down  to  the  river,  when  only  both  lumber  and  iron 
could  be  hauled  up  as  fast  as  it  was  delivered  to  us.  The  Masonry  is  done — 
the  lumber  and  iron  on  the  ground,  and  the  workmen  actively  engaged  in 
framing  the  Bridge,  which,  I  am  assured  by  that  celebrated  builder,  Col.  D. 
Eenno,  will  be  ready  to  pass  the  Locomotive  in  two  -months  from  the  10th 
instant.  That  being  done,  we  can  lay  down  the  iron  to  the  end  of  the  Divi- 
sion by  the  fii'st  of  December,  and  for  this  purpose,  1,00-1  tons  of  iron  rails  are 
now  in  Portsmouth,  Va.,  which  I  hope  will  be  sent  forward  at  an  early  day. 
The  Viaducts  are  all  completed,  and  are  found  to  answer  every  purpose  they 
were  intended  to  accomplish.  The  approaches  to  the  one  near  Statesville, 
were  by  means-of  high  embankments ;  but  to  fi^cilitate  the  advancement  of 
the  work,  trestle  work  was  built  on  a  sub-embankment  to  pass  the  trains'with 
iron,  and  then  the  embankment  finished  by  the  trains. 

Suitable  and  convenient  freight  and  station  houses  have  been  liuilt  at  Salis- 
bury, Third  Creek,  Statesville,  Catawba  Eiver,  and  Newton.  Handsome  and 
well  arranged  wood  and  water  stations  have  been  built  at  Salisbury,  Ellis' 
Cut,  Third  Creek,  Statesville,  Plott's  Turn-out,  and  Catawba  River.  At  Ellis' 
Cut  and  Plott's  Turn-out,  we  are  supplied  Avith  running  water  from  springs 
without  the  expense  of  pumping,  and  west  of  the  Catawba  River,  we  shall 
avail  ourselves  of  similar  advantages.  The  joint  property  of  the  Western 
North  Carolina  Rail  Road  and  North  Carolina  Rail  Road  Companies  at  Salis- 
bury, consists  of  three  houses  ;  one  for  the  local  freight  of  the  Companies,  one 
for  the  through  freight,  and  the  third  and  last  is  a  Passenger  Exchange  with 
a  shed  attached,  aftbrding  great  convenience  to  passengers.  The  expense  of 
erecting  them  has  been  equitably  borne  by  the  two  Companies.  The  second 
story  of  this  last  building  is  the  exclusive  property  of  this  Company  for  the 
convenience  of  offices,  thus  affording  them  upon  the  most  economical  plan, 
whilst  they  are  convenient  and  well  suited  to  the  necessities  of  the  Road.  In  the 
original  estimates  for  the  first  section  of  the  road,  an  item  providing  for  these 
buildings,  as  well  as  all  others,  properly  chargeable  to  the  section,  Avas  included  ; 
and  I  am  gratified  to  be  able  to  inform  you  that  the  sum  estimated  will  be 
amply  sufficient  for  that  purpose.  For  the  protection  of  the  rolling  stock  of 
the  road,  and  especially  of  the  Locomotives,  of  which  we  have  four,  an  En- 
gine house  of  convenient  and  handsome  dimensions,  with  the  most  approved 
cast  iron  Turn-table  in  front,  has  been  erected,  and  is  now  nearly  completed. 
With  this  building,  as  well  as  all  others,  we  have  thus  far  erected,  I  am  well 
pleased,  and  beheve  them  to  be  highly  creditable  to  the  companies  whose 
pioperty  they  are. 

The  Rolling  Stock  of  the  road,  at  this  time,  consists  of — 

Four  Locomotives.  Five  Flat  Cars  with  low  wheels  for 

Two  Passenger  Coaches.  Ditching. 

One  Baggage  Car.  Two  Shanty  Cars. 

One  Express  Freight  Car.  l      Two  Hand  Cars. 

Ten  Box  Cars.  Two  Section  Cars. 

Fifteen  Flat  Cars.  !      Two  Distributing  Cars. 

The  road  being  ready  for  the  Cars  to  the  river,  I  have  for  the  purpose  of 
keeping  it  in  proper  repair,  divided  the  distance  into  three  sections,  and  put  a 
section  master  Avith  a  sufficient  force  on  each  section.  And,  in  addition  to 
this,  I  have  pi'ovided  a  ditching  train  AA-hich  has,  on  all  suitable  occasions, 
been  employed  in  tliat  Avaj^ ;  and  further,  for  facilitating  the  construction  and 
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completion  of  the  Road,  as  well  as  to  remove  all  slides  -wliicli  may  occur,  a 
train  of  cars  and  a  force,  temporarily  employed,  have  been  engaged  advanta- 
geously at  various  points  on  the  road.  These  two  trains  have,  in  addition  to 
tlu'ir  other  duties,  ti'ansported  the  iron,  bridge  lumber,  rock  for  cattle  guards, 
cvC,  and  occasionally  assisted  in  the  transportation  of  fVeignt,  when  there  was 
a  greater  amount  than  could  be  conveniently  taken  by  the  passenger  train, 
upon  which  we  chiefl}'-  rely  for  the  transportation  of  freight,  having  had  our 
freight  cars  so  constructed  as  to  be  safely  run  with  the  piussenger  train,  thus 
saving,  for  the  present,  the  expense  of  a  regular  freight  train. 

STATEMENT 

SJioicing  the  vjorh  done  on  the  first  Division  of  the  first  Sec- 
tion of  the  Western  North  Carolina  Hail  Road,  extending 
from  Salishury  to  a  point  near  Hale' s  store,  distance,  includ- 
ing Newton  hranch,  55.2. 


Description  of  Work'. 


Work  Done.',  Work  to  he  done}. 


Total. 


Graduation,  Alasonrv,  Bridge  super- 
structure, Lime  and  Cement, .  .  . 

Track-laying  complete,  including 
Iron  and      Cross-ties, 

Equipn*ient,  Cars  and  Locomotives, 

Land  damages,       

Sundries 


597,000  00 

407,082  15 
f)4,000  00 
1L9G2  00 

liooo  00: 

Ensi'ineering  and  general  Superin- 
tendence, .■ ' I  37,000  00 j 

*  Wells,  Wood  and  Water  Stations,  i  | 

^Varehou3es,  and  Repair-Shops, .  S  54.900  00 


.  .  .  20.000 

00 

.  .  G17.000  00 

4.500 

00 

..411.582  15 
.  .  .64.000  00 

.  .  .11.962  00 

1.000  00 

...37.000  00 

1.000 

00 

.  .  .  55.000  00 

1,179,544  15 

The  above  table  shows  the  cost  of  the  Frst  Division  of  the  Frst  Section  of 
the  road  to  ILile's  (assuming  that  the  work  yet  to  be  done  will  cost  §35,000) 
to  be  .  -i^l,  197,544  15 

A  sura  less  than  the  estimated  cost,  Avhich  was,  1,200,000  00 

Add  to  this  sum  the  cost  of  the  Second  Division  for  graduation, 

masonry,  bridge  superstructure,  iron,  cross-ties,  track-laying 

and  land  damaged,  •  570,782  00 

And  we  have  the  sum  of  1,768,320  00 

Then  we  have  left  for  additional  Warehouses,  Repair  Shops,  Wells,  W^ood 
and  AVater  Stations,  equipment  of  Locomotives  and  Cars,  as  well  as  Engin- 
eering and  General  Superintendence  to  complete  the  Road  to  Morganton, 
the  end  of  the  first  section,  the  sum  of  ninety-one  thousand  six  hundred  and 
seventy-four  dollars,  (§91,674  00.) 

The  Second  Division  of  the  Frst  Section  extending  from  Hale's  to  Morgan- 
ton,  a  distance  of  23.4  miles,  is  under  contract  to  Charles  F.  Fisher,  Esq.,  up- 
on which  a  large  and  efficient  force  has  been  engaged.  01'  the  grading,  ma- 
sonry and  cross-ties,  of  which  $355,000  is  the  estimated  cost,  about  $80,000 
worth  of  work  has  been  done;  this,  in  addition  to  the  perseverance  and  well 
known  energy  of  the  contractor,  is  a  sufficient  guarantee  that  tlie  work  will 
be  vigorously  prosecuted  to  completion  at  an  early  day.  We  may,  therefore, 
confidently  expect  the  cars  to  run  to  Alorgantou  during  the  year  1861. 
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The  Second  Section  of  the  road  shall  now  briefly  enji^age  your  attention. 
This  Section  may  extend  from  Morganton  to  a  point  not  more  than  ten 
miles  east  of  the  western  portal  of  the  Swannanoa  Tunnel,  or  to  the  top  of 
the  Blue  Ridge  in  the  Swannanoa  Gap,  a  distance  of  43.5  miles;  and  as  such 
I  propose  to  consider  it  at  this  time.  I  shall,  however,  present  it  under  the 
head  of  two  divisions ;  the  first  extending  from  Morganton  to  a  point  near 
"  Old  Fort,"  and  by  the  ridge  line  through  the  town  of  Marion,  33.5  miles  long, 
whilst  by  the  river  line  it  is  3.8  miles  longer.  These  lines  differ  only  nominally 
in  cost.  The  direction  and  location  of  these  lines  were  so  fully  set  forth  in  a 
former  report  as  to  obviate  that  necessity  now,  and  I  refer  to  them  mainly  for 
the  purpose  of  submitting  a  more  carefully  considered  estimate   of  the  cost. 

Estimate  of  First  Division  of  the  Second  Section  extending  from  Morgan- 
ton  to  Sta.  1770,  near  "  Old  Fort." 

Graduation  and  Masonry,  1472,045  81 

20  per  cent  added  for  contingencies,  94,409  IG 

Iron,  chairs  and  spikes,  228,160  78 

Laying  Superstructure,  17,330  00 

Cross-ties,  30,500  00 

Engineering  and  Siiperintendance,  35,520  00 

Land  Damages,  5,000  00 

Equipment  including  Wells,  "Wood  and  Water  Stations, 

Warehouses  and  Repair  Shops,  $78,721  43 

$959,693  18 
The  Second  Division  of  the  Second  Section  extends  from  Sta.  1770, 
near  '•  Old  Fort"  to  a  point  east  of  the  western  portal  of  the  Swannanoa  Timnel, 
and  embraces  the  most  difficult,  expensive  and  tedious  part  of  the  Road.  Of 
this  part  of  the  line,  I  have  also,  in  a  former  report,  given  you  a  description  as 
well  as  an  estimate.  Since  then  a  more  detailed  and  carefully  considered  esti- 
mate has  been  prepared,  the  result  of  which  is  as  follows  : 
Graduation,  Masonry,  Bridge  Superstructure  and  Tunnehng,  $1,049,003  38 
20  per  cent  contingencies,  209,800  t^O 

Material  for  Superstructure  including  the  laying  down  of  Iron,        80,000  00 
Engineering  and  General  Superintendence,  15,000  00 

Equipment  including  Wells,  Wood  and  Water  Stations,  "Ware- 
houses and  Repair  Shops,  "         40,000  00 

$1,393,803  38 
Add  to  this  sum  the  cost  of  the  First  Division,  959,69.3  00 


And  we  have,  $2,353,490  46 

as  the  total  cost  of  the  Second  Section,  including  the  cost  of  the  Western  ap- 
proach to  the  tunnel.  From  the  above  estimate  it  will  be  seen  that  $2,353,- 
496  is  the  cost  of  building  the  Second  Section;  but  deducting  the  cost  of  the 
Western  approach  to  the  tunnel,  and  allowing  for  such  modifications  of  the 
line  as  may  be  made  on  the  final  revision  of  the  location,  and  its  cost  may  be 
set  down  m  round  numbers,  at  .$2,310,000  00.  The  one-third  of  this  sum, 
$770,000  00,  is  the  sum  required  as  a  subscription  on  the  part  of  individuals 
according  to  the  terms  of  the  charter. 

It  may  be  needless  to  ofl^r  arguments  in  regard  to  the  sufticioncy  of  this  sum 
to  complete  the  section,  but  facts  are  stubborn  things,  and  as  we  have  already 

*This  item  includes  about  $10,000  paid  for  j6int  buildings,  to  be   refunded 
by  the  N.  Carolina  Rail  Road  Company,  leaving  that  sum  as  yet  unexpended. 
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shown  }••  i:,  that  the  Fu-st  Kvisron  of  the  second  section  will  be  completetl 
for  its  pstunated  cost  as  well  as  the  Second  Division,  is  it  not  fair  to  infer  that 
the  estimate  for  the  second  section  will  be  amply  sutHcient  for  its  completion. 

Books  of  subscription  are  now  open,  and  I  feel  assured  that  the  people  of 
Western  North  Carolina  will  not  let  this  opportunity  pass  without  availing 
themselves  of  the  privilege  thus  aflbrded  them  of  securing  to  themselves  this 
great  public  highwaj\  Secure  the  second  section,  and  the  extension  of  the 
Road  to  the  Tennessee  line,  so  as  to  connect  with  Western  Roads,  is 
beyond  the  contino-ency  of  a  doubt.  For,  in  view  of  this,  the  Legislature  at 
its  last  session  provided  for  such  surveys  as  would  determine  the  practica- 
bility of  one  or  more  lines,  thus  giving  evidence  of  a  determination  to  push 
this  great  State  improvement  through  to  completion. 

It  is  known  that  a  practicable  and  comparatively  cheap  line  may  be  built 
from  Asheville,  down  the  French  Broad  river,  to  some  point  on  the  Virginia 
and  Tennessee  Rail  Road,  which  will  be  about  84  miles  long.  But  another 
survc}''  from  Asheville,  l-i5  miles,  in  the  direction  of  Chattanooga,  may  deve- 
lope  a  line  that  will  compete  successfully  for  the  Southern  and  South-western 
travel.  For  a  mere  inspection  of  any  rail-road  map,  upon  which  the  hues  are 
aid  down,  will  show,  at  a  glance,  that  it  will  be  almost  an  air  line  from 
Memphis  via  Clrattanooga,  Asheville,  Salisbury  and  Weldon  to  Norfolk,  Ya., 
and  it  built,  will  open  up  one  of  the  most  direct  and  attractive  routes  for  the 
travelling  puljlic  between  the  North  and  the  South. 

TABLE  OF  DISTANCES, 

From  ILemplds^    Tennessee,   to  KorfolTi^    Va.,-  via  Western 
JVoiih  Carolina  Mail  Road  and  Connections. 

FROM  MEMnitS  TO 

Chattanooga,  Tennessee, 
Cle:iveland,  Tennessee, 
Stace  Line, 
Asheville,  K  C, 
Salisbury.  N.  C, 
Hillsborough,  N.  C, 
Weldon  via  Rldgeway,  N.  C, 
Norfolk,  Ta., 

TABLE  OF  DISTANCES, 

From  Memphis,    Tennessee,  to  Norfolh,  Ya.,  via  Virginia 
and  Tennessee  Rail  Road  and  Connections. 

Fl:aM  MEMPHIS  TO 

Cleaveland,  Tennessee, 
.Knoxvillo,  Tennessee, 
Bristol,  Tennessee, 
Lynchburg,  Virginia, 
Petersburg,  Virginia, 
Norfolk,  Virginia, 

The  above  tables  of  comparative  distances,  will  show  the  difference 
and  relative  distances  between  Memphis,  Tennessee,  and  Norfolk,  Va.,  thug 
jilacing  this  line  not  only  on  an  equality,  but  showing  it  to  be  42  miles  short- 
er than  any  other  route. 

And  should  this  line  be  found  practicable  within  a  reasonable  cost,  and  be 
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built,  then  its  relative  location  is  such  as  not  only  to  invite  and  attract  con- 
nections on  the  South  and  West,  but  almost  to  command  connections  with 
roads  from  Pensacola,  Mobile  and  New  Orleans,  and  this  alone,  to  say  noth- 
ing of  its  being  one  of  the  great  and  important  links,  that  at  no  distant  day, 
is  destined  to  connect  the  Atlantic  with  the  Pacific,  should  be  a  sufRcienl  in- 
centive to  arouse  such  a  spirit  amongst  the  friends  of  this  improvement,  as  will 
evince  to  the  world  that  you  have  erased  from  your  vocabulary,  or  know  no 
sucli  word,  as/(a7. 

I  have  the  honor  to  be  gentlemen, 

Very  Respectfully,  your  ob't.  servant, 

JAMES  C.  TURNER, 

Chief  Eiuj.    W.  N.  a  R.  R. 
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Section,  Western  Worth  Carolina  Rail  Road : 


s 

S-a 

£ 

<^  a     \ 

X/l 

Name  of  Stream. 

S  CiJ  1 

(^ 

• 

m  o 

Iz; 

5'* 

1 

Silver  Creek, 

2.37; 

2 

Reeiiy  Creek, 

8.901 

3 

Muddy  Creek, 

9.92' 

4 

Shadrack's  Creek 

11.70 

5 

12.48 

6 

" 

12.69 

7 

Big  Nick  Creek, 

23.33 

S 

" 

23.48 

9 

" 

23.58 

10 

Oslome's  Creek, 

25.57 

11 

Catawba  River; 

27.24 

12 

Cane  Creek, 

23.35 

13 

" 

28.64 

14 

" 

29.83 

15 

Newberry's  Fork, 

30.83 

16 

Mill  Creek, 

82.63 

IT 

" 

83.24 

ii. 

^  3 

Plan  of  struc- 
ture. 

•2  5 

o  o  S; 

5  is 

si 

i^i 

o  a 

;^^ 

18 

Viaduct, 

8811       100 

46 

Arch  Culvert, 

227 

93 

30 

Viaduct, 

501 

100 

24 

Arch  Culvert, 

202 

66 

21 

" 

142 

41 

IS 

" 

142 

41 

43 

" 

267 

,    110 

85 

" 

267 

110 

30 

" 

267 

110 

22 

" 

147 

36 

26 

Viaduct, 

732 

110 

40 

Arch  Culvert, 

247 

93 

83 

" 

188 

60 

82 

" 

199 

62 

18 

Viaduct, 

587 

50 

13 

Girder, 

66 

10 

" 

42 

TABLE 
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Of  MeciiaiiiGal  Structure  on  the  Second  Division,  Second  Sec- 
tion, Western  North  Carolina  Hail  Road. 
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[APPENDIX.] 


Ax  ACT  TO  AMEND  AX  ACT  ENTITLED  AN  ACT  TO  INCORPORATE  THE  WESTERN 
NOETn-CAROLINA  RAILROAD  COMPANY,  PASSED  AT  THE  SESSION  OF  1854-55. 
AND  ALSO  AN  ACT,  AMENDATORY  THEREOF,  PASSED  AT  THE  SESSION  OF  lS5G-'57. 

Section  1.  Be  it  enacted  by  General  Assembh/  of  the  State  of  JVorih- Caro- 
lina, and  it  is  hereby  e)iacied  by  the  authority  of  the  sajne,  That  the  said  acts 
■which  authorized  the  survey  for,  aud  the  construction  of,  a  raih-oad  from 
Salisbury  west,  across  the  Bkie  Ridge,  to  a  point  to  be  selected  under  future 
legislation,  on  the  Tennessee  line,  and  to  locate  the  road  accordingly;  and 
whereas,  the  survey  made  by  the  Western  North-Carolina  Railroad  Comptniy 
has  only  been  finished  as  far  as  the  French  Broad  river,  near  Asheville,  leav- 
ing- tlie  I'emainder  of  the  line  of  the  road,  to  the  Tennessee  line,  to  be  survey- 
ed and  located  as  provided  under  the  second  section  of  the  act  of  185-i-'55. 
Therefoi-e,  * 

Sec  2.  Be  it  further  enacted,  That  for  the  purpose  of  completing  tlie  pro- 
visions of  the  charter,  as  provided  in  said  section,  so  as  to  enable  the  company 
to  complete  the  survey  and  to  locate  their  road,  the  said  company  is  hereby 
authorized  and  required  to  make  a  survey  for  a  railroad  from  the  point,  near 
Asheville,  to  which  the  survey  has  already  been  made,  extending  west 


on 

through  the  valleys  of  the  Pigeon  and  Tuckascge  rivers,  to  a  point  on  the  line 
of  the  Blue  Riilge  railroad,  on  the  Tennessee  river,  or  to  the  Tennessee  line, 
at  or  near  Ducktown,  in  the  county  of  Clierokee  :  Provided,  Tliat  if  the  com- 
pany should.upon  exam  ination  of  the  route  to  Ducktown,  determine  that  the 
route  is  impracticable,  they  shall  not  be  required  to  survey  it. 

Sec.  3.  Be  it  further  enacted.  That  as  soon  as  said  survey  is  completed,  as 
herein  provided,  the  company  sliall  have  the  riglit,  by  and  with  the  consent 
of  the  stockholders  cast  of  the  Blue  Ridge,  to  locate  their  road  either  west  to 
connect  with  the  line  of  the  Blue  Ridge  Railroad,  on  such  terms  as  the  Blue 
Ridge  Company  and  the  Western  North  Carolina  Railroad  Company  may 
agree  on,  to  complete  the  connection  with  steamboat  navigation  on  the  Ten- 
nessee, and  railroad  connection  with  the  railroads  already  constructed  and  in 
progress  of  construction,  Avith  Knoxville  on  the  Tennessee ;  Linesville,  Cin- 
cinnati and  Cairo  on  the  Ohio,  on  the  northwest;  and  Avith  the  cities  of  Chat- 
tanooga and  Memphis  on  the  west,  and  with  the  city  of  New  Orleans  on  the 
southwest ;  or  if  the  company  ]»refer  it,  they  shall  have  the  right  to  locate 
said  road  from  the  point  designated,  near  Asheville,  down  the  French  Broad, 
and  to  connect  with  any  com[)any  that  has  been  formed  or  may  be  formed, 
to  complete  the  I'ailroad  connection  with  the  East  Tennessee  and  Virginia 
railroads  :  Provided.,  That  the  survey  shall  be  paid  for  out  of  the  appropria- 
tion made  for  the  Western  North  Carolina  Railroad,'  under  the  act  of  1854 
-'55  :  And  provided  further,  That  the  location  to  be  made  shall  be  approved 
hy  the  next  General  Assembly,  and  the  next  General  Assembly  be  furnished 
with  a  report  of  the  survey :  Provided  further,  That  the  said  company  shall 
have  the  right  \§  make  a  survej^  down  the  French  Board  river,  through  Mad- 
ison county  to  the  line  of  the  State  of  Tennessee,  at  or  near  Paint  Rock,  and 
be  paid  for  out  of  the  appropriation  made  for  the  Western  North-Carolina 
Railroad,  at  the  session  of  1854-55. 

Sec.  4.  Be  ti  further  enacted,  That  all  acts  and  clauses  of  acts  coming  in 
conflict  with  this  act,  be  and  the  same  arc  hereby  repealed. 

Sec.  5.  Be  ti  further  enacted,  That  this  act  shall  be  in  force  from  and  after 
its  ratification.     [Ratified  the  loth  day  of  February,  1859.] 


